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(U) Commmication satellite Program | 
The definitization of Contract AF O4(647)-k76 is 


ACO comments and the BMD comments ha 


As a result of in-house discussions 


10 Septenber Thru 16 september 59 


decided that a straight CPFF contract is considered more advantageous than 





other type of contract for this state-of-the-art R&D phase. The general 


reports, both of which must be furnished by EMD toda - Although there are 
several loose ends yet » contract negotiations are still scheduled 
ror the afternoon of 21 September with all negotiations to be completed by the 


afternoon of 23 September 1959. 


(U) Contracts with Space Technology Laboratories » Inc. 


1. Contract AF 04(647)-302 ABLE. 3- 


4 (NASA BS-6). 


The latest negotiations 


meeting to definitize COW #1 was held with STL on 10 September. As a result 


2. Contract AF 04(647)-361. No progress has 
firming up a negotiation schedule except for 
to have their technical comments back 


the Air Force proposed that 


in estimated cost and fixed fee. This 


